KANSAS CITY INTERNATIONAL AIRPORT 
NEW TERMINAL PROJECT 


september 2020 Monthly Report 


Pictured below: The New Terminal heacdhouse and elevated roadway 
as seen from the Parking Garage pad. 
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Pictured below: New Terminal construction progress as of 
September 30, 2020. 
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PROJECT UPDATE BY THE NUMBERS 
a 3 3 AVERAGE DAILY WORKFORCE ON , 0 a oy (ee sl- asl sad 
SITE DURING SEPTEMBER 2020 (M-F) M/WBE FIRMS ENGAGED 
KC METRO AREA 175 PRECAST PANELS INSTALLED | 0 
FIRMS ENGAGED (10% OF TOTAL PANELS) 
a PIECES OF SQUARE FEET OF 
7 LY 0 0 STEEL ERECTED ' METAL DECK INSTALLED 


“As of September 30, 2020 


a 


PROJECT MILESTONES 


e The Edgemoor Team has engaged over 100 KCMO- e Stakeholders completed review of the 100% 
certified minority and women-owned business construction documents (also called the Issued for 
partners and is still growing. Final Design set). 


e Parking Garage deep foundation work began. 
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COVID-19 RESPONSE 


The New Terminal project is operating under the guidelines 
of the City’s Tenth Amended Order 20-01, effective as of 
July 12. 


The Edgemoor Team is taking precautions to minimize 
the risk of infection both on the New Terminal jobsite 
and in the co-location offices and has implemented 
preventative strategies as part of a comprehensive 
COVID-19 management plan. Face coverings continue to 
be required on the jobsite and in the project office. 


During September, there were seven (7) new confirmed 


cases of COVID-19 among project team members. These 
cases occurred throughout the month among employees 
of five different subcontractors. For each case, contact 
tracing was performed and the individual quarantined 
following CDC guidelines. 


To date, there have been 10 confirmed COVID-19 cases 
among project team members. Edgemoor will continue 
to monitor the situation to minimize the risk to individuals 
on-site and to ensure successful completion of the New 
Terminal project. 


Pictured below: Project crews continue to wear face coverings and practice social distancing. 





Kansas City International Airport New Terminal Project 


{ 





Edgemoor September 2020 Monthly Report | 2 


PROJECT BUDGET 


Approximately twenty-eight percent (27.7%) of 
Edgemoor’s project budget has been spent as of 
September 30, 2020. The Total Project Cost of $1.5 
Billion includes Edgemoor’s Guaranteed Maximum 
Price (GMP) of $1.357 Billion. 


PROJECT SCHEDULE 


Schedule Critical Path: As of the end of September, 
the next item on the schedule critical path is finishing 
steel erection in Building 11B, followed by Building 
12B. Steel erection for the New Terminal headhouse 
must be completed prior to removing the crane road 
that currently exists between the headhouse and 
elevated roadway. 


Weather Days: During the month of September, Clark 
| Weitz | Clarkson (CWC) used one (1) of the Terminal 
schedule’s weather days due to rain that delayed critical 
path work. Seventeen (17) of the 60 total weather days 
remain in the schedule. 


DEVELOPER PLEDGE 


The graphs below illustrate the progress toward 
project goals of creating opportunities for minority 
and women-owned business and of inclusive 
workforce participation. 


All data is through September 30, 2020 and the 
source is the City’s B2Gnow reporting system. 


WORKFORCE PARTICIPATION 





MINORITIES 
18.84% 





GOAL 
20.00% 





WOMEN feley:\e 
2.75% 
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EDGEMOOR CONTRACT VALUE 


SPENT 
TO $1.357B 


DATE 





UPCOMING MILESTONES 


FALL ‘20 | @ Terminal curtain wall starts 
Airside paving starts 


Parking Garage precast starts 

Terminal steel erection finishes 

Terminal building slab on grade complete 
Elevated Roadway structure complete 


WINTER ‘21 


SPRING ‘21 
MARCH ‘23 


Parking Garage precast finishes 


New Terminal opens 





There are a total of 218 subcontractors and sub- 
consultants engaged on the project by Edgemoor 
and CWC. Of these companies, 175 are based in the 
Kansas City Metro Area and 104 are KCMO-certified 
M/WBE firms. Through September, 656,274 workforce 
hours — roughly 11% of expected 5.9 million workforce 
hours — have been logged on the project. 


M/WBE SUBCONTRACTOR PARTICIPATION 







GOAL 


17.44% MBE 30.00% 


CONSTRUCTION 


SERVICES GOAL 


15.00% 





7.47% WBE 







GOAL 


20.17% MBE 20.00% 


PROFESSIONAL 


SERVICES GOAL 


12.06% WBE 15.00% 


Percentages are Payments to Date. 
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TERMINAL WORKFORCE ENHANCEMENT PROGRAMS (TWEP) 


During September the project team: 


Pictured below: Councilwoman Teresa Loar, Mayor Quinton Lucas, his staff members, and the Build KCI leadershio team observing the work on site. 


Began planning the Workforce Training Program 
Class 4. On September 4, a participant interest 
indicator survey was issued to 311 pre-screened 
applicants in the current Workforce Training Program 
applicant database to gauge interest in participating 

in Class 4 of the program. The survey closed on 
September 20 with a total of 35 individuals responding 
they were still interested in pursuing the opportunity. 
Due to the low response rate, Edgemoor requested 
pre-apprentice referrals from the local trade unions for 
minority and women applicants. Edgemoor anticipates 
inviting 50 applicants to the Subcontractor Interview 
Day on October 7. The 4th Workforce Training Program 
class will begin on Monday, October 19. 


Clarified expectations for Subcontractor 
Sponsorship of the Workforce Training Program. 
Edgemoor provided subcontractors with an extensive 
overview of the sponsorship expectations of 
sponsorship for participants through the Workforce 


iroort New Terminal Project 


Training Program (WTP). As an additional step, CWC 
began hosting meetings with subcontractors new 

to sponsorship for the upcoming class to clarify the 
sponsorship details. CWC will continue with this effort 
for all new WTP sponsoring subcontractors on the 
project for subsequent training classes. Edgemoor is 
hopeful these efforts will further assist with Workforce 
Training Program graduate retention. 


Established the Bonding and Financial Guidance 
Program. Utilizing the TWEP Agreement as a 
framework, the program provides access for M/WBE’s 
seeking to expand bonding capacity. Inquiries for 
support through this program are made through CWC 
procurement. Based on completion of the bonding 
inquiry questionnaire, firms are referred to the vendor 
that is best suited to support their bonding needs. 
Referrals are made based on Clark Construction’s 
experience working with various bonding surety 
companies. The first inquiry came from Hartline 
Construction, a WBE firm working on the project. 


. ae 





PROJECT DESIGN 


During September, stakeholders reviewed the 
100% construction documents, also called the 
Issued for Final Design set. The design team is now 
responding to stakeholder comments and working 
toward completion of the Issued for Construction set 
in October. 


PROJECT PROCUREMENT 


As of September 30, 2020, the value of executed 
subcontracts was approximately $946 million or 
91% of total anticipated subcontracted work. The 
Appendix E Procurement Log presents a summary 
of awarded, under review, and current procurement 
packages. 


die Se tS $83M 
AWARDED 
CONTRACTS AS % 
OF TOTAL 
BUDGET 
Ore aes $951M 


(e) 





BUDGET FOR SUBCONTRACTED WORK 
ae 







PROFESSIONAL 
SERVICES 
$83M 







TOTAL 
BUDGET 
$1,034M 


CONSTRUCTION 
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TERMINAL DESIGN PHASES 


0% 30% 60% 90% 100% 

Program © & 2 & & 
Validation 
Concept 

Design S & & & & 

Schematic @ & @ @ = 
Design 

Design & © & & & 
Development 

Construction eS © G3 & > 
Documents 


@* PROCUREMENT OPPORTUNITIES 


UPCOMING OPPORTUNITIES: 

RFP's to be issued October 15 with bids due November 5 - 
e Miscellaneous FF&E e Detention Equipment 
e Residential Appliances e Canopies & Covered 
e Bird Control Walkways 


BIDS UNDER REVIEW BY CWC: 


Millwork e Division 10 - Specialties, 
Interior Stone Exterior Fountain 
Ceramic Tile Airside Civil: Fencing, Blast 


Ornamental Metals Fencing (Furnish Only), 
Interior Glass Pavement Markings 


Signage Resilient Flooring Carpet 
Landscaping Miscellaneous Metals 
Louvers 


BIDS UNDER REVIEW BY KCAD: 


e Loading Dock Equipment & =e + Terrazzo 
Scissor Lift Breach Control 
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PROJECT CONSTRUCTION 


During September, crews started auger cast pile 
installation for the Parking Garage and started 
roofing installation for two of the New Terminal 
building segments. 


Landside and Airside Civil work status: 


e Evergy installations of new electrical service lines 
continued 


e Underground utility work continued for the Parking 
Garage, and excavation crews continued to excavate 
to final grade 


e Auger cast pile installation for the Parking Garage 
started on the south end of the pad. 221 of 1,948 
piles were installed in September 


Elevated roadway concrete pour sequence 4 of 6 
was completed and continued moving north 


e The mechanically stabilized earth (MSE) wall 
installation began near the south end of the elevated 
roadway 


New Terminal entrance and exit roadways grading 
continued 


Construction of a new ground service equipment 
(GSE) fueling tank near Terminal C continued 


Removal of the aviation fuel lines located outside the 
New Terminal footprint continued 


Demolition of apron and taxilane paving in the 
northwest corner of the jobsite started, and the team 
continuing coordination with subcontractors for other 
airside civil scopes slated to begin in October 


New Terminal work status: 


e Underground MEP work is complete, except for the 
headhouse east (Buildings 10B-12B) which will be 
done upon completion of structural steel erection 
for Buildings 10B-12B 


Slab on grade work has been completed in 14 of 
the 17 building sections 


Concrete podium deck formwork was completed 
in the headhouse west (Buildings 10A-12A) and is 
continued in Building 4 


Steel erection has been completed in 11 of the 

17 building sections. Steel decking has been 
completed in 8 of 17 sections and slab on metal 
deck placement has been completed in 7 of the 17 
building sections 


Precast enclosure panel installation has been 
completed at the headhouse east (Buildings 
10B-12B) and at southern end of Concourse B 
(Buildings 1-3) and continued in Building 9 

e Roofing installation began in 2 of the 17 building 
sections 

MEPS rough-in started in 3 of 17 building sections, 
masonry installation started in 2 of 17 building 
sections, and drywall & framing started in 4 of 17 
building sections 


Kansas City International Airport New Terminal Project 





Pictured above: Lower level of the heacdhouse, beneath Building 12 
concrete podium deck. 





Pictured above: 11 of the 25 steel Y columns were installed to Support 
the headhouse roof, 
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PROJECT CONSTRUCTION (CONT.) 


New Terminal Building Progress 
Concourse B Connector Concourse A 
Headhouse (West) | Headhouse (East) 


Building No. 1 Z 3 a se) 6 7 8 2 10A 1A 112A 10B 11B 12B- 13 ac 
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Pictured below: Numbers identified in this graphic correspond to the building numbers outlined above 
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ITEMS WE ARE TRACKING 


No significant corrective action was taken or 
proposed during the month of September, and 
there are no material disputes with respect to the 
work. 


Below are current items the team is tracking closely 
and that require attention from all stakeholders. Each 
issue includes a description of steps the project team 
is taking to mitigate impacts that could occur as a 
result of these issues. Edgemoor will provide updates 
on all items noted in the monthly reports until each is 
resolved. 


COVID-19 


March-August 2020: The Edgemoor Team is taking 
every precaution to minimize the risk of infection 
on the New Terminal jobsite and has implemented 
a COVID-19 management plan. During this period, 
CWC _ identified some _ subcontractor production 
inefficiencies due to social distancing and COVID-19 
cleaning/maintenance requirements, and there were 
three confirmed COVID-19 cases among project team 
members. 


September Update: During September, there were 
seven new confirmed cases of COVID-19 among 
project team members. These cases occurred 
throughout the month among employees of five 
different subcontractors. COVID-19 related cost 
and schedule impacts through September 30 have 
been resolved within the approved budget and 
schedule. Any future material impacts to project 


Pictured below: Welding precast panel supports on south end of Concourse A. 


| |] 


i 


’ 
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cost or schedule as a result of COVID-19 will be 
tracked and reported to KCAD. 


POTENTIAL CONTAMINATED SOILS 

August 2019-August 2020: While removing pavement 
in the New Terminal footprint, workers noted a strong 
fuel odor in the vicinity of the existing aviation fuel 
lines. Testing of soil samples from the area detected 
very low levels of contaminants in the soil below the 
State’s Default Target Levels (DTL), and, as such, the 
soil may remain in place. The team has established 
monitoring and storage protocols for any potentially 
contaminated soils and water in coordination 
with KCAD and in accordance with KCMO and 
Missouri Department of Natural Resources (MDNR) 
requirements. This item will remain on the list until 
below-grade excavation activities are complete and 
final test results from any soils or water, segregated 
due to potential contamination, have been received. 
During August, the project crews released water on 
site that had been tested and confirmed to be below 
levels deemed unsafe by MDNR. Edgemoor’s testing 
and inspections consultant, Intertek-PSI, continued 
with MDNR-required soil testing around deactivated 
aviation fuel lines that are being removed. 


September Update: During September, project 
crews continued below-grade excavation to 
remove decommissioned aviation fuel lines and 
planned the final phases of fuel line removal around 
the old Terminal A loop. This scope is scheduled to 
be complete by the end of 2020. 





STAKEHOLDER COMMUNICATIONS 


KANSAS CITY AVIATION DEPARTMENT AND 
AIRLINE PARTNERS 


During September, the design team previewed the 
100% construction documents, also called the Issued 
for Final Design set, with stakeholders, prior to the 
beginning of the stakeholder review period. The team 
also met with KCAD and the ATR to review design 
progress on the airplane simulation room, parking toll 
booth plazas, gate lounge seating layouts, and New 
Terminal amenity seating selections. 


FEDERAL AGENCIES (FAA, CBP, TSA) 

The Edgemoor Team is working closely with several 
Federal agencies on New _ Terminal design and 
construction activities: 


FAA: Current FAA coordination includes quarterly 
project updates to FAA officials from the MCI Air Traffic 
Control Tower and FAA Regional Office. 


TSA: The design team continues to work toward 
completing the steps for TSA review and approval of 
the Baggage Handling System (BHS), the Security 
Screening Checkpoint (SSCP), and TSA leasable and 
non-leasable space designs. 


CBP: The team is working toward the 100% design 
submission for CBP approval. 


MUNICIPAL ARTS COMMISSION (MAC) 

During September, the team supported the Arts 
Administrator and Consulting Artist in preparation of 
the first four RFQs for public art commissions, which 
will be issued in October. 


PROJECT WORKFORCE 
The average number of workers on the jobsite during 
September, Mondays through Fridays, was 436. 
The jobsite is also open on Saturdays, but not all 
subcontractors use this time. 


September 14-18, the project participated in Safety 
Week, a national construction industry event. During 
the week, CWC team members held small group 
Safety Standowns with subcontractor employees to 
thank them for their efforts to keep themselves and 
others healthy during the COVID-19 pandemic and to 
reinforce messaging about jobsite safety. The week 
included safety training classes, a worker appreciation 
lunch (with box lunches), and distribution of cut level-4 
gloves with impact protection to all workers on site. 
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COMMUNITY OUTREACH 

On September 3, the Edgemoor Team donated nearly 
200 backpacks stuffed with notebooks, crayons, and 
other school supplies to the Morningstar Youth & Family 
Life Center. Morningstar has hosted numerous Build 
KCI events, including community outreach meetings 
and workshops; it's also served as home base for the 
Kansas City Strategic Partnership Program. 


On September 28, members of the City Council's 
Transportation, Infrastructure and Operations (TIO) 
Committee, Councilwoman Teresa Loar, Councilman 
Kevin O’Neill and Mayor Quinton Lucas, met the Build 
KCI leadership team for a site tour. On hand were 
Aviation Director Pat Klein, Edgemoor Infrastructure & 
Real Estate Senior Managing Director Geoff Stricker, 
and Clark | Weitz | Clarkson Vice President Mark 
Goodwin, who served as tour guide. 


Click the hyperlink to view the latest Building Time 
Lapse video. Edgemoor’s Quarterly Project Update 
is issued to the community via email and at kci- 
edgemoor.com. The team also provides updates on 
Twitter and Facebook @kciedgemoor. 





Pictured above: Project team member filling one of the 200 backpacks 
with school supplies that were donated to Morningstar Youth & Family 
Life Center. 
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PROJECT GOVERNANCE 


During September, the Project Management 
Committee (PMC) and Steering Committee (SC) 
reviewed and approved the following costs: 


e Design of a U-shaped canopy on the Parking Garage 
(use of Design Evolution Contingency) 


e Design and installation of an electrical panel in the 
existing Central Utility Plant (use of Design Evolution 
Contingency) 


e Design and construction of taxiway centerline lighting 
(use of Design Evolution Contingency) 


e Additional costs associated with gas and water utility 
relocations (use of Design Evolution Contingency) 


e Installation of lighting on the Parking Garage north 
facade (use of Design Evolution Contingency) 


e Addition of a 6th Explosives Detection System (EDS) 
machine (use of Design Evolution Contingency) 


e Additional costs incurred for a bundle of items 
associated with design evolution, and procurement 
(use of Design Evolution and Escalation Contingency) 


e Additional costs incurred for a bundle of Owner 
requested items (use of Owner Contingency) 


e Additional costs associated with airline tenant fit-out 
(use of Owner Contingency) 


e Parking Garage ramp canopy design and construction 
(use of Owner Contingency) 


The PMC provides direction on major decisions for the 
project and is composed of one representative each 
from KCAD, Edgemoor and the airlines: 


e KCAD: David Long, Deputy Director 
e Edgemoor: Geoff Stricker, Senior Managing Director 


e Airlines: William Manning, Airline Technical 
Representative 


The SC oversees the PMC and is required to approve 
PMC decisions regarding issues that materially affect 
airline operations, project schedule, or project scope, or 
that affect the payments required of the airlines under the 
Airline Use and Lease Agreement. The SC is composed 
of one Airline Representative and the Director of the 
Kansas City Aviation Department. 


e Airlines: Kyle O’Neal, Southwest Airlines 


e KCAD: Pat Klein, Director 


Pictured below: Drywall layout and MEP rough-in installation began in September. 
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TEAM MEMBER PROFILE 


3 Questions with Dominique Davison 
Company: DRAW Architecture + Urban Design, KCMO-certified WBE 


Project Scope: Architectural services 








Pictured above: Dominique Davison, Principal at DRAW Architecture + 
Urban Design, In the jobsite break tent. 

As part of a national team of design consultants, DRAW 
Architecture + Urban Design in Kansas City, Missouri, 
has been hired to assist with sustainability planning and 
front of house public space design. An award-winning 
firm, DRAW’s founder and principal, Dominique Davison, 
spoke to us at the construction site about her company’s 
design role in the New Terminal. 


Your local WBE firm is providing architectural services 
and sustainability consulting on the New Terminal 
project. What is your role? 


We have been assisting Skidmore, Owings & Merrill 
(SOM) on what is called the “front of house,” everything 
the passengers will experience as they walk through 
the building. We’ve been designing the restrooms and 
the baggage claim area, for example. We have had a lot 


of client interaction around the restroom scope, which 
KCAD has emphasized we must get right! 


It’s a massive project, the biggest one DRAW has been a 
part of to date. The level of detail and care that has gone 
into every moment of the facility is critical: how do those 
materials come together, exactly what kind of materials 
are we using, how are they going to be durable, elegant, 
timeless? Aligning with the city’s sustainability goals, we 
intend to help them obtain LEED Gold certification. 


You have degrees from universities on both coasts, a 
Bachelor of Arts in Architecture from U.C. Berkeley and 
your Masters from the Yale School of Architecture. You 
landed in the heart of the country and founded DRAW 
in Kansas City in 2005. What excites you about this 
one-million-square-foot New Terminal project? 


Aviation’s in my blood. My father was a pilot for Pan 
Am and United, my mom was a Pan Am stewardess — 
they met on a plane! To now be part of the new home of 
aviation for Kansas City is really meaningful. 


Right now, during COVID and the economic downturn, 
the New Terminal project has been an opportunity to keep 
all of our staff fully employed and active at a time when 
other projects were stalling out or stopping all together. 


What is your advice to other small business owners in 
Kansas City? 


| would advise other women-owned businesses to get 
your WBE certification because it really does help get 
your foot in the door for these important projects. It allows 
you to really compete. 


It’s been pretty amazing working on this project, there’s so 
many players. The networking and long-term relationships 
are important to our firm now and in the future. 


Appendix A 


ACRONYMS & DEFINITIONS 


ARFF 
ATR 
BHS 


BIM-FM 


CAI 
CBP 
CWC 
DTL 
EDS 
FAA 
GMP 
GSE 
ICS 
KCAD 


KCATA Kansas 


KCI 


KCMO Kansas 
KC SPP 


MAC 
MBE 
MCI 
MDNR 
MEPS 
MSE 
PMC 
PMG 
RFP 
SC 
SD 
SOM 
SSCP 
TIO 
TSA 
TWEP 
VSR 
WBE 
WTP 
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Airfield Rescue & Fire Fighting 

Airline Technical Representatives 

Baggage Handling System 

Building Information Modeling integration with Facilities Management 
Community Arts, Inc. 

Customs and Border Protection 

Clark | Weitz | Clarkson, A Joint Venture (Project Design-Builder) 
Default Target Levels 

Explosives Detection System 

Federal Aviation Administration 

Guaranteed Maximum Price 

Ground Service Equipment 

Individual Carrier System (type of BHS) 

Kansas City Aviation Department 

City Area Transportation Authority 

Kansas City International Airport 

City, Missouri 

KC Strategic Partnership Program 

Municipal Arts Commission 

Minority-Owned Business Enterprise 

Airport Code for KCI Airport (Mid-Continent International) 
Missouri Department of Natural Resources 

Mechanical, Electrical, Plumbing, Sprinkler 
Mechanically Stabilized Earth 

Project Management Committee 

Paslay Management Group (Owner’s Representative) 
Request for Proposals 

Steering Committee 

Schematic Design 

Skidmore, Owings & Merrill LLP (Project Lead Designer) 
Security Screening Check-Point 

Transportation, Infrastructure, and Operation 
Transportation Security Administration 

Terminal Workforce Enhancement Programs 

Vehicle Road Service 

Woman-Owned Business Enterprise 


Workforce Training Program 
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Appendix B 


STORED MATERIALS 


The Pay Application for the period through September SO, 2020 Included a cumulative gross value of 
$18,973,189.09 in stored materials with various subcontractors listed below. The request was accompanied 
by all documentation required for stored materials. 


Company Name Pay Application Amount 


Genesis Environmental $80,328.00 
Clarkson-Realm JV $1,055,725.94 
J.E. Dunn 00,104,008.29 
Omega $699,804.00 
ADF $11,382,997.86 





Total as of September 30, 2020: $18,973,189.09 
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Appendix C 


SUBMITTALS LOG 


KCI Outstanding Submittal Item Report Update (Owner) 
The submittals log can be reviewed by following tne link below. 


Edgemoor September '20 Monthly Submittals Log 


Kansas City International Airport New Terminal Project 
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Appendix D 


MATERIALS TESTING & INSPECTIONS LOG 


The materials testing and inspection log can be reviewed by following the link below. The log includes outstanding 
discrepancies and ttems that were closed during this reporting period. Items identified and resolved within a reporting 
period will not be included on this list. 


Edgemoor September '20 Monthly Report Material Testing & Inspection Log 
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Appendix £ 


PROCUREMENT LOG 


Below please find the KCI Airport New Terminal procurement packages as of September 30, 2020. 





RFP Issued to 
Bidders 


Award 


Group # (Prime Contractor) 


Scope of Work 


Asbestos Survey Work Anlab Environmental 
Geotechnical Investigation TSi Geotechnical 
Hazmat Testing and Report Olsson 

Terminal Mechanical and Plumbing (Design Build) U.S. Engineering 
Terminal Electrical (Design Build) Capital Electric 
Parking Garage (Design Build) J.E. Dunn 

Site Utility Modeling SK Design 

Site Office Buildout Various 

Structural Peer Review Cagley 


April 2019 TWEP Needs Evaluation Amazing Traditions 
Juy 2020 _| Historical Study & Exhibit Desig oS 


Demolition Renascent 
Cut/Cap Utilities Genesis 
Maintenance of Traffic IBC 

Early Earthwork Four J 


January 2018 through 
July 2018 


September 2018 





Asphalt and Concrete Paving for Early Work Julius Kaaz 
Safety Carpentry Hartline 
Construction Cleaning Riteway 


Utility Relocations (Storm, Sanitary, Water) Rodriguez 

Aviation Fuel — Phase 1 (Relocate) USE/AMC JV 

Aviation Fuet—Phase 2 {(Gomptete} By MCI Fuel Consortium 
Earthwork for Terminal Foundations JA. Lillig Excavation 
Medical Clinic Mobile Medical 

Badging System FC 

Logistics Trailer Complex Universal 


May 2019 Eastern Access Roadways Kissick 
y Eastern Access Roadways Electrical Capital Electric 


Surveying Trekk 

Break Tent Big Top 

Dumpsters My Dumpster Guy & Jim’s Disposal Service 
Shuttle Senice By KCAD 

Temporary Toilets ORI 

Construction Trailers Aries/AT&S 


> 


December 2019 





NO 


May 2019 





December 2018 Auger Cast Test Piles CBS Piling 
April 2019 Deep Foundations — Auger Cast Piles (Design-Build) Berkel 


January 2019 Baggage Handling System (Design-Build) Vanderlande 
June 2019 Terminal Electrical Gear Capital Electric 


Terminal Cast in Place Concrete Substructure and Slab on Grade J.E. Dunn 
Terminal Cast in Place Concrete Superstructure J.E. Dunn 
Terminal Cast in Place Slab on Metal Deck Musselman 


W 


July 2019 


Structural Steel / Metal Deck ADF-CSCA JV 
Vertical and Horizontal Transportation Schindler 
Foundation Waterproofing S&W 





IN 


October 20 Clrkson/Reai JV 
TWEP November 2019 Multiple Providers 
DUNN November 2019 Coreslab Structures 


W 


oO) 


© 


DUNN 


~N 
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Appendix £ 


PROCUREMENT LOG (CONT.) 


RFP Issued to 


Award 
Group # share Scope of Work 


(Prime Contractor) 


Fire Protection (Sprinklers) American Fire Sprinkler 
Metal Stairs Qualico Steel 

February 2020 Roofing (including Rough Carpentry for Roofing) Flynn Midwest 
Overhead Doors D.H. Pace 
Applied Fireproofing E&K of Kansas City 


BIM-FM February 2020 BIM to FM Integration Arora/EDI 


Landside Surface Parking Ideker 

Masonry Heitkamp Masonry 
ileneheUe0 Louvers (Furnish Only) Under Review by CWC 

Joint Sealants & Air Barrier Larkin Contracting 


Landside Civil - Utilities Blue Nile 
Airside Civil - Concrete Paving Ideker 
Airside Civil - Wet Utilities Kissick 
April 2020 Airside Civil - Grading and Demolition JA Lillig 
Airside Civil - Fencing Under Review by CWC 
Airside Civil - Blast Fencing (Furnish Only) Under Review by CWC 
Airside Civil - Retaining Walls Radmacher Brothers Excavating 
Airside Civil - Pavement Markings Under Review by CWC 


Drywall, Framing and Ceilings E&K of Kansas City 
Rough Carpentry Whitley Construction 

June 2020 Doors, Frames and Hardware American Direct 
Loading Dock Equipment & Scissor Lift Under Review by KCAD 
GC for KCAD and Airline Tenant Spaces KAI/CJR JV 


Painting MVP 

Resilient Flooring Carpet Under Review by CWC 
Terrazzo Under Review by KCAD 
Miscellanious Metals Under Review by CWC 
Breach Control Under Review by KCAD 
Liquid Applied Flooring Desco 


August 2020 


Millwork Under Review by CWC 
Interior Stone Under Review by CWC 
Ceramic Tile Under Review by CWC 
Ornamental Metals Under Review by CWC 
Interior Glass Under Review by CWC 
Signage Under Review by CWC 
Landscaping Under Review by CWC 
Division 10 Under Review by CWC 
Interior Fountain Under Review by CWC 
Exterior Fountain Under Review by CWC 


Miscellaneous FF&E 
Residential Appliances 
October 2020 Bird Control To be issued October 15 
Detention Equipment 
Canopies & Covered Walkways 


August 2020 
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Appendix F 


CONSTRUCTION SITE PLAN 


Below please find the current Construction Site Plan. 
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Appendix G 


TERMINAL WORKFORCE ENHANCEMENT PROGRAMS REPORTING 


Low Interest Loan Program 


|=ys\e Mm =f=1al;¢ 


Contract Line 
of Credit 


Original 


Loan Note Date 


Maturity 
Date 


Contractor 

Portion of 

Origination 
mats) 


Total Origination 
Fee % (varies by 
loan size) 


Edgemoor 
Origination Fee 
% (varies by 
loan size) 


Edgemoor 
Origination 
mol=) 





Total through September 30, 2020: $6,225,000.00 


Pay Without Delay 
List of participating firms through September 30, 2020: 


PROFESSIONAL SERVICES 


O1. 
02. 
O3. 
O4. 
05, 
O6. 
O7. 
. From the Ground Up Photography, Inc. 
; Fot,Inc. 


31-Design & Development, LLC 
Amazing Traditions, LLC 

Anlab Environmental 

Bare Business Basics 

Custom Engineering, Inc. 

Draw Architecture & Uroan Design, LLC 
DuBois Consultants, Inc. 


Hg Consult, Inc. 


. HJM Architects, Inc. 


KEM Consulting LLC 

Land Studio, Inc. 

Leigh & O'Kane, LLC 

Lightworks, Inc. 

Michele & Associates 

Parson + Associates, LLC 

Premier Engineering Consultants, LLC 
Priority Engineers, Inc. 

SK Design Group, Inc. 


. Taliaferro & Browne, Inc. 
. Tech. Services to Go, Inc. 


TREKK Design Group, LLC 
Wellner Architects, Inc. 


Kansas City International Airport New Terminal Project 


CONSTRUCTION SERVICES 


ill. 
02. 
O3. 
04. 
. American Fire Sprinkler Corp. 

. Axiom Construction 

. Compass Roofing 

. Dye Electric, LLC 

. Enterprise Control Systems, Inc. 


A Clean Slate, LLC 33. 
AGE, Inc. 34, 
Alexander Mechanical Corp. 36. 


Aloha Energy & Electric, Inc. 


Exceptional Waste Solutions, LLC 


. Four J Environmental, LLC 

. Freedom Interior Solutions, LLC 

. Genesis Environmental Solutions, Inc. 
. Gonzalez Construction 


Hartline Construction, LLC 
IBC Traffic, Inc. 
Image Staffing, LLC 


__ Infinite Energy Construction, Inc. 

. JA, Lillig Excavating, Inc. 

. JA. Lillig Grading, LLC 

. Julius Kaaz Construction Co., Inc. 
. K. Ramos Interiors, LLC 


Maher Oil Co, 


. Midwest Contracting Services, LLC 
. MJ Builders LLC 

. New Horizons, LLC 

. Omega Concrete Systems 


Pro Metals, LLC 
Richardson Hauling Inc. 


. Riteway Maintenance & Supply, LLC 
. Rodriguez Mechanical Contractors, Inc. 
. SEB, LLC 


36. 
Of, 
38, 


$150,332.50 


SheDigs IT, LLC 

T-Shirt King, Inc. 

Tanner & Son Trucking, Co, LLC 

Three Feathers Construction & Sales, LLC 
Universal Construction Company 
Vazquez Commercial Contracting, LLC 
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Appendix G 


TERMINAL WORKFORCE ENHANCEMENT PROGRAMS REPORTING (CONT. 


Small Business Incubator Space 
There are three (8) firms who have occupied space in the project office. A Survey was developed to assess the needs and interests for 
the program. The survey was sent to 75 business representatives, with 4 of the 5 respondents indicating an interest in the program. 


As interest in the program grows, and if space Is no longer available within the project office, accessibllity to this program may be offered 
through the installation of an on-site project trailer or by Subcontracting space within close proximity to the project site. 


General Contractor Training Program 

This program will be implemented upon finalization of the curriculum based on outreach. A survey was developed to assess the 
needs and interests for the program. The survey was sent to 75 business representatives, with 6 of the 9 respondents Indicating an 
Interest in the program. No costs were incurred during the month of Septmeber 2020. 


As the number of certified firms working on the project increases, the survey will be released to those firms to gauge interest in the 
general contracting program. A draft outline for the General Contracting Program will be developed and reviewed for consideration 
IN launching a program that can serve as a Support for firms interested in growing their business to general contracting status. 


Project Transportation - KCI Express Limited Route 








Bus service to the New Terminal Area . 
For more route and schedule information, visit RideKC.org Ri I 7 KC 
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Project Childcare Facilities 

e Emmanuel Child Care | 2416 Swope Parkway and 4736 Prospect Avenue 

e Kiddie Depot Daycare | 3501 Woodland Avenue and 2105 Prospect Avenue (starting October 2020) 
¢ Sweet Chariot Childcare | 2901 Flora Avenue 

e Talented Tots Learning Center | 2901 Williamsburg Terrace 

e United Inner Cities Childcare | St. Mark Center (12th & Garfield) and Metro Center (88th & Troost) 
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